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1. SUMMARY. ELEVATOR INSTALLATION WILL BEGIN AUGUST 4 
WITH ARRIVAL FLOHR-OTIS MECHANIC. THIS IS TO BE CONCURRENT 
WITH OTHER PROJECTS. SUPPORT IS REQUESTED. END SUMMARY. 

2. BASED ON REFTEL A PARA 2 AND REFTEL B ELEVATOR 
INSTALLATION IS SCHEDULED TO COMMENCE ON AUGUST 4. 

3. IN ORDER TO COMPLETE WORK REQUIRED IN ADVANCE OF 
ELEVATOR INSTALLATION, IE, ELEVATOR SHAFT GUIDE 

RAIL ANCHOR HOLES AND TEMPORARY WALLS, WE REQUEST THAT TWO 
SEABEE BUILDERS BE SCHEDULED TO ARRIVE ONW WEEK IN 
ADVANCE. TO SIMPLIFY TEMPORARY WALL INSTALLATION WE HAVE 
MANY EMPTY ACR BOXES WHICH MAY BE USED. 

4. REQUEST TWO SURVEILLANCE MSG'S ARRIVE NO LATER THAN 
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AUGUST 3 BECAUSE GERMAN MECHANIC IS SCHEDULED TO ARRIVE 
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ON AUGUST 4. IF THE SOVIET PORTION OF THE EMERGENCY 
GENERATOR EXHAUST WORK STARTS IN TIME, WE WOULD REQUEST 
THAT THESE MARINES ALSO COVER THIS WORK. 

5. REQUEST ONE SEABEE STEELWORKER AND ONE SEABEE 
ELECTRICIAN ARRIVE ANY DAY THE WEEK OF AUGUST 4. IT IS 
DOUBTFUL THAT THIS TYPE WORK WOULD BE READY TO COMMENCE 
IMMEDIATELY AFTER ARRIVAL OF MECHANIC. 

6. FOR NUS, YOUR INQUIRIES REGARDING TOOL REQUIREMENTS 
ARE ENCOURAGED; HOWEVER, THE FOLLWOING IS OUR BEST GUESS 
AS TO WHAT MAY BE NEEDED. 

A. TOOL KIT HAS BEEN SUPPLIED WITH THE ELEVATOR 
BUT THE FOLLOWING SHOULD AUGMENT THIS KIT. 

PORTABLE VENTILATION 
DUST MASKS 

ELECTRIC IACK HAMMER 

HAND HELD CHISELS AND HAMMERS FOR CONCRETE AND 
BRICK. 

GAS WELDING TORCHES AND RODS 

GAS WELDING GOGGLES (WE HAVE THE TANKS, CUTTING 
TORCH PLUS ELECTRIC WELDING EQUIPMENT) 

SAFETY BELTS 

B) THE ATTIC CHILLER CORRECTIONAL WORK WILL 
REQUIRE BASIC CARPENTER TOOLS AND SHEET METAL TOOLS. 

WE HAVE A SKILL SAW. 

7. FOR FBO, AS OUTLINED IN MY MEMORANDUM DATED JUNE 4 WE 
ARE PRESENTLY NEGOTIATING WITH THE WOVIETS TO DO THE 
EXHAUST PORTION OF THE WORK AND HAVE EXTENDED THIS WORK TO 
INCLUDE CHANGING THE PIPE UP TO THE MANIFOLD. AN ESTIMATE 

OF COST IS EXPECTED MOMENTARILY. WE ARE DEPENDING ON YOU 
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TO COORDINATE AND DETERMINE WHAT TOOLS AND EXPERTS MAY 
BE REQUIRED TO START THESE ENGINES. 

NEUBERT 
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